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SECT ION 

PROTECTIVE MEASURES WHEN WORKING IN KX [STING 
ASBESTOS - FlRF.PROOFEU AREAS 

PART I - GENERAL - " — 

l.OL RELATED CONSTRUCTION STKCLFIEU IK OTHER SECTIONS. 

A. Replacement and patching of fireproof codlings on existing 
structural nenhcrs . 

1.02 GENERAL DESCRIPTION 

A. The Section covers the protective measure* to be liken by 
(.he Cant r actor when performing work on or adjacent Co 
asbestos-? i reproofed structural ^nhcr.t, so as to prevent 
the release of asbestos fibers into the environment -and to 
provide worker protection from hazardous levels of asbestos 
fibers during construction operations. 

1.03 REGULATIONS 

A. Comply with the applicable requirement s of I fie U.S. Envi- 
ronmental Protection Agency- (EPA) RiTjtiil.il ions, NaLiuna I 

*>■ Emissions Standards for Asbestos and the Occ*ipat ion.il Safel y 
and Health Administration (OSHA) As be it ok Regal?:/, iot.r , 
Section 1910.1001. — ' j. - ^-u, v ; ,~ 

B. Have copies of said regulations in viru at the work site. 

1.0^ QUALITY ASSURANCE 

The Conlrac lor and his workers shn II it tend or ffh.il I nav- 
al tended l raining courses dca I inn wi ( it occ*i|».it icm.il jif-ri f : 
and the health haurds' associated with a*h?stos exposure 
respirator use , decontamination and OSHA rcgnlai ion? . 

6. Written notification to the EPA NatinnAl Emissions StanJawJ'- 
for Karardous Air Polluunis (NESMAI'S) Coordinator is 
required at least ten days before amoving or disturbing 
asbestos f i reproof inc.. (.Mr . tin reus k.int z. Air ( Hazardous 
Haterial* Division, USF.PA. Room 802. 26 Fvderal FUta, 
York, N.Y. 10007 (212) 26A-9S1H. 




B0000920 



N 052057 



I .05 SUBMITTALS 




A. Submit evidence oC attendance *t training course* and 
written not i f icat ion to El'A *$ required abovu . 



1 .06 JOD CONDITIONS 

A. The Contractor is advised lh.il all existing asbestos fire- 
proof ins* i s encapsulated with .1 jkm Lam vh ich prevent s" the 
release of asbesi os fibers unless the fireproofing it 
disturbed or damn Red. 

fl. Protec tive measures must be taken when the encapsulated 
asbestos f irep.roofinR is cut into or removed or when the 
sealant coating is broken, exposing the asbestos fibers . 

C . The Com rac lor alia I 1 I irni 1 ashcytci* f i reproof tnc r»»r=**v.i l t r» 
the absolute ainimura required to properly wake connect ions 
to (he fireproofed structural ormhrrs a* drtaiied'on ih»» 
drawings. 

D. Hie Contractor is further advised (hat unnecessary addi 1 ion- 
al reaovals of, or damage to, asbestos fireproof in; amy 
subslani ially . increase asbestos fiber levels, thus renuirias 
the Contractor to institute protective measures in addition 
to those specified herein. Such additional pro t ec L iv*i 
measures may indudi:, without limitation, area isolation, 
portable showers and air annilorin;; tents. Add i ; i *f 11.1 ! 
prol cc t iv« ci'jasure s , if requi red by El'A and OSilA riR*i \ n- 
tions, shall he provided at ihr Contractor's expeas-; . 

PART 2 - PRODUCTS 



2.01 RESPIRATOR MASKS • 

EquA I to "Coafo tl Type ' F"" as manu F.ic 1 ur*d by Hi ne Ea I e l y 
Appliance Co. Tie use of paper typel-sln^le usa mask* will r..*: 
be permitted. Furnish sufficient quanl ity oC fillers so that 
workers can change fillers during the' work day. 

2.02 DISP0SAT1LE CLOTHING «. 

— . _ Disposable full body coveralls, head covers, gloves and f:i<> 
covering fabricated of reinforced paper. 

2.03 PLASTIC SHEETtNG 

Polyethylene , 6 mi Is minimum ihicknris , for prot eel i tin floors , 
fixed equipment and air supply and return grilles. 

2-OC . DUCT TAPE 

Commercial ly available fabric typo. „ 
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DISPOSAL BACS 

Scalable polyethylene. 6 mils minimum tli icknc ss . 
DISPOSAL DRUMS 

Fiber or octal, 30 gallon capacity, minimum. — ^ 

VETTING AGENT 

"Aqua-Cro" ax manufactured by. Aqualrol* Corp . of America , l^QO 
Suckle Highway, Pcnnsauken, N.J. ORL 10 or approved equal . 

CAUTION SIGNS AND LABELS 

A5 prescribed by OS HA reculni Cons , cann*rcial ly primed , as 
oanu(actured by Ready Made Sign Co., I.C., N.Y. (land lettered 
signs and labels uilL not. be pcrmiiLed. 

PART 3 - EXECUTION 

3.01 -ORXER PROTECTION 

Workers shal I wear disposable cloth inc. and properly f it ic-l 
respirator masks at all limes within oach work area from th*- 
t iac of initial penetration of ihr f i reproof i ng k/mI.iiii 
until nil work has boon c«^npl*Ufd. the f i r-»prouf in* r<su>r>*<; 
and final clean-up accomplished. 

3. Without exception, all 'workers . 

1. Shall remove street clothes within the designate] 
changing area and put nn disposable clothing and c Leaned 
respirator masks before entering the work ar«;a. 

2. Prior in Leaving work area, *hall rcm«*vt; and deposit ait 
disposable clothing and respirator Minsk* it lb/- ?vr ! 
meter of the work area and prncrod in the changing ariM 
and change into streeL cIuLlics. 

3. Shall not cat, drink, Fmokc , chew gin* or ch<;v tobacco i:i 
the work area. To eat, drink «*r s*u*k<*, workers ih.ili 
remove and deposit all disposable clothing and respira- 
tor (tasks at the perimeter of the work area and change 
into new, clean disposable clot hint in the changing 
area. This nrw d i Kptsnh lr cl n <Hing can thru be un<»d l » 
re-enter the work area along with a clean respirator 
mask. * 
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C. Protected worker it icli.il I pick up ami c U»an respi r.itor Daskx 
in ,i rat*: a rva h y «••> Mt ' »K - Ml c*|h i pmcnt , i ool ■: , etc. 

shall be cleaned prior \o fc(n»»vina l lurm f com i uo r k 
area. 



3.02 WORK AREA PREPARATION 

A. Schedule construction operations- so thai all requi r»TT work. • 
in a given work arcn can he performed in such manner *s Lo 
minimize the exposure of unsealed a.<bcslo* f i reproof ins, . 

B. Prior lo the starL of work, shul-ntE all v C ntiUiin(» system.* 1 ; 
tn (he are a a.nd t :>;h t I y tea 1' all rc* timers and grilles 
within the work aru.t wi Ui plast ic sheet ini; and due u tape . 

C. SeL up a changing arcs for workers, nutside of the worV. crca 
aL a location approved by the EnRinocr. 

D. Movable Curnttur". ?<iuipntcni and drapes in the work, ires 
will be reooved by o'.hers. 

E. Cover all floors --.n:i non-removah le items nnd equip-eni in 
Lhe work area vilI: piastic sheeting. Overlap arfjacen'. 
■heels at lunsl - inches and continuously seal all joint r. 
with ducL tape. 

3.03 REMOVAL Of EXISTING F IXEPH.OOF IMC 

A. Dry removal of f i".»prcof inn, will not be permitted. 

B. Puncture the ent'-insuiai'd fire proofing within the li.^ilz ot 
remova I to insure proper penc I rat i oi\ of water. Use a em: 1 , i 
test. nr«a to del <r=iin« ;nc required sine and number o i 
punctures Lhat wi? p**rai ; adequate pfnetrni inn. 

C- Fine spray the smj: -.rod ar^a with v.*u«*r no as tn tUur.wa.iiIy 
saturate ih* i iry- • *.»f inc. Add w*m t in* ,n;i<ni at a ennefn- 
t rat ion of one ouncj per Live s*a 1 tons of water. 

0- Scrape f irepr ao F i re from the surface of ihn s t r*i ■* : -i r •a i 
member using suitaVw hand tools. Leave a neat, it-r^ifchv 
edge at the limits tf removal., 

E. Do not allow remnvo-i materia"!* to litter the floor-pick «ip 
and bag often. Plajc ■• removed materials, while still ucl , in 
disposal bn£t. 
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3.06 Cl-F.AN UP 

A. Following the baj;j;inc. of the removed ashestos material, 
affix OSHA labels to bags and wipe the outside with clean, 
damp c loths and place in OSHA I ahc led d i snns.i I drums for 
transport and disposal. 

R. We l nop hard surfaced floor inc. lllnu to dry, and damp nop a 
second Line with clean nop hca<ts . 

C. Thoroughly clean walls, non-aiovii: le items and equipment with 
damp cloths , allow <,q dry, ami c loan a second t ime wi Lh 
clean, damp cloUis. 

D . Clean carpeting with .1 high * f * \c :*-mc y fwiri icul.iU' absolute 
(UEPA) tillered vacuum e«pwii 1-1 Mn-:.-* I 'CA-7 3 as manufactured 
by rUCfisk. Hie use of convent :«txil. vacuums will" not be 
pertai tied . 

£. Areas arc required 10 be vi run I \ y cl'i.m after suriaccs are 
dry. Should Any residue he « ihi* . r?pcaL«d cleanings 
following 2*» hour so nine* per will be required until 

there is no visible residue. :«i ■jr.i :■; or activity should be 
permitted during -the Kftttl\n£ ?er?jit. 

F. Rcnove and dispose of all uft-i pla-;ic slutting, disposable* 
clothing, filters, mc\ps and r.ir.s i:*.-mI in clean up operations 
in the same wanner as spes i : : .ed " shove for removed asbestos 
material . 

3.05 DISPOSAL 

Utilize a carter, Legally author:^-*: t^ '-1.-1r.dle hazardous wastes, 
to dispose of all drums at an npr »•.'<••! disposal facility. 
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At icroM^ 

I. For dry removal, modify * pec i t ica t ion .U Inl lows; 

Paragraph 1.05 SUBMITTALS _ — - - 

Add the following: 

"B. Do tat U of [ i Uertfd exhauf t *ys tern proposed Cor use 

f 

Paragraph 2.07 VETTING ACKHT 

Delete in its entirety ami sub*t itute the fo I Lowing new 
paragraph : 

"2.07 LOCAL F.XHAUST VKrHTLATlOH AttD COL1.F.CT ION SYRTF.M 

UQiijtn»ri, C3n*iruci"»i . in*tal led and Maintained in 
accordant:'. 1 with O-f re^iiir^awni s specified in £PA 
and OSllA regulations."' 

Paragraph 3.03 REMOVAL OF F..~ ISTIiift FIHEPROOFIWC 

Delete suhparazraph* A A 5 .ind *uhs( i tul<* tin- following: 
"A. Provide an approved, ^«!*jur«"iy anchored, portable, high 
efficiency particulate ab?nlni* (UEPA) filtered exhaust 
system with en? l^cl im; h«*np>*r utmediaccly below ih*» 
portion of tlu? I ir»?r vif : .ns to be removed so as to 
e £ f * c i i v e ! v collie: ill r»"aovcd f i rfproo E inR aAri 
airborne .ubesio5 fibers released during ren:ovol 
ope rat ions." 

Stedei ignite subp.iratr«ph "U , as "ft*-" snd add the Col low - 

"C. Maintain *x;ia:ist »vs--'i in "prration .u te.isi fiv«? 
minutes a £t«» r re!a«i*i.i 1 • *«; r at *I< :t< have: censed . Rene t i- 

vaie during in<tall.ii:: i if c •« f I inns .nvl r>*plac*ffl*»nl 

of f i repron i i nc, mi I c . » s t» a sb«: s to s ha s been 

previously scaled. ^ 

**D. Deposit all n-it <? r i a I * d - -uu t hr»u(t» u tlw e xhaus i system 
in sealed disposal bass." 
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